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Improvement  Res.  No.  V21  - 


Resolution  Adopted : 

-"'Ms,/  .jB,  1940 


Confirmed : 


I — xhurs.June  20, — 1940,  7:50  P.M.- 
Bids  Received : 


Contract  Awarded : 


Contract  and  Bond : 


f 


’ Contractor : 


Reported  Completed : 


1 . Jf  Assessment. Roll  Confirmed: 


Thurs.  July  25,  1940,  7:50  F.M 


entered  for 
taxation  by 
M.  J.  sprang 

.'Iff 

FEB  26  1941  f 


DECLARATORY  RESOLUTION  NO.  7E1-1940. 

For  the  opening  of  Glenwood  Avenue  from  Crescent  Avenue  to 
Kentucky  Avenue  to  a uniform  width  of  fifty  ( 50)  feet. 

Resolved  by  the  Board  of  Public  Works  of  the  City  of  Fort  V/ayne, 
Indiana,  that  it  is  deemed  necessary  to  open  Glenv/ood  Avenue  from 
Crescent  Avenue  to  Kentucky  Avenue  to  a uniform  width  of  fifty  (50) 
feet . 

The  opening  of  said  Glenwood  Avenue  as  above  described  to  be  made 
by  condemning  and  appropriating  for  street  purposes  the  following 
--described  property:  The  north  nineteen  (19)  feet  of  Lots  Numbered 

fifty-four  (54)  fifty-five  (55).  fifty-six  (56),  fifty-seven  (57), 
fifty-eight  (58),  fifty-nine  (59),  sixty  (60),  sixty-one  (61),  sixty- 
two  (62),  sixty-three  (63),  sixty-four  (64),  sixty-five  (65),  sixty- 
seven  (67)  and  the  south  nineteen  (19)  feet  of  Lots  Numbered  sixty- 
eight  (68),  seventy  (70),  seventy-one  (71),  seventy-two  (72),  seventy- 
three  (73),  seventy-four  (74),  seventy-five  (75),  seventy-six  (76). 
seventy-seven  ( 77 );-  seventy-eight  (78),  seventy-nine  (79),  eighty  (80), 
eighty-one  (81)  and  eighty- two  (82),  all  in  Elizabeth  C.  Hanna's  Sub- 
division of  Hanna's  Plat  C. 

All  as  shown  by  a plan  of  such  proposed  street  opening  now  on  file 
in  the  office  of  the  Department  of  Public  Works  of  said  City. 

The  cost  of  said  opening  of  said  street  opening  as  above  described 
to  be  assessed  against  the  property  beneficially  affected  thereby. 

The  property  which  may  be  injuriously  or  beneficially  affected  by 
the  proposed  street  opening  as  above  described  is  described  as  all  lots 
lying  North  of  Kenwood  Avenue;  east  of  Kentucky  Avenue;  south  of  Vance 
Avenue  and  west  of  Crescent  Avenue.  ^ 

All  according  to  the  method  and  manner  provided  for  in  an  act  of 
the  General  Assembly  of  the  State  of  Indiana,  entitled,  "An  Act 
Concerning  Municipal  Corporations,"  approved  March  6,  1905,  and  the 
provisions  of  all  acts  amendatory  thereto  and  supplemental  thereof, 
including  the  right  to  bond  assessments  as  in  said  law  ordered. 

Assessments  if  deferred  are  to  be  paid  in  ten  equal  annual  install- 
ments with  interest  at  the  rate  of  five  (5)  psr  cent  per  annum.  Under 
no  circumstances  shall  the  City  of  Fort  Wayne,  Indiana,  be  or  be  held 
responsible  for  any  sum  or  sums  due  from  said  property  owner  or  owners 
for  said  condemnation  of  property  or  for  the  payment  of  any  bond  or 
bonds,  certificate  or  certificates  issued  in  payment  for  such  property 
damages,  except  for  such  moneys  as  shall  have  been  actually  received 
by  the  City  from  the  assessments  for  such  property  damages  or  such 
moneys  as  aaid  City  is  by  said  above  entitled  act  required  to  pay.  All 
proceedings  had  in  the  making  of  said  improvement,  assessment  of  property, 
collection  of  assessments  and  issuance  of  bonds  therefor  shall  be  as 
provided  for  in  said  above  entitled  act  and  all  amendments  thereto  and 
supplemental  thereof. 

All  of  said  streets  and  lots  and  lands  affected  ik  the  above 
described  street  opening  being  situated  in  the  Northeast  Quarter  of 
Section  36,  Township  31  North,  Range  12  East,  and  lying  within  the 
corporate  limits  of  the  City  of  Fort  Wayne,  Allen  County,  Indiana. 

Adopted 


Attest: 


•w  «• 


KENTUCKY  AVE. 
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VANCE  AVE 


Digitized  by  the  Internet  Archive 

in  2015 


https://archive.org/details/declaratoryresol0721unse 


' '•  V/  > PETITION 


Fort  Wayne,  Indiana 


TO  THE  BOARD  OF  PUBLIC  WORIiS  OF  THE  CITY  OF  FORT  WAYNE: 
GENTLEMEN: 

The  undersigned,  owners  of  real  estate  on  /'fpn u/ Alit/ 

->  f™”  Crescf't^ 


to 


/4^ ?/7  ^Uc/<L/ 


re SDGct fully  petition  for  the 


passage  of  a^  resolution  providing  for  the  ojpen  li^Cf  of  CUn^oo4 
pro/w  firevc^^A-  /9-rcnu»  -!-<r 

ai  safest,  Of>4nmf  -fo  he,  hei<^ee^  )/anc^  r !('enue-=,o4 

czv^n  u<2.. 

NAI®  ADDRESS 


/^/jo  : iA] 





j ^ 1 H- 


j!^'  . ^.P.J  . ■•S/Tk 2_^ / ^ 

''h^  'O ^a£iT  i'lLC.(P^,y,^  C 


I 


to  a. uniform  width  of  50  ft.  ■ j).  = 

Opening  to  he  betv/een  yance  Avenp  ■ 


and  Kenv/ood  Avenue  „ 

Plans  Ordered:  May  14,  1940. 
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" OFFICE  OF  FORT  WAYNE,  INDIANA 

BOARD  OF  PUBLIC  WORKS 

May  14,  1940 

Mr.  Gliauncey  R.  Mc-^nlis 
City  Engineer 

City  of  Port  Wayne,  Indiana 
Dear  Sir  : 

You  are  Irereby  instructed  to  prepare  plans  and 
specifications  for  the  opening  of  Glenwood  avenue  from 
Crescent  Avenue  to  nent^cky  Avenue  to  uniform  width  of  50  ft. 
Opening  to  be  betv/een  Vance  Avenue  and  Kenwood  Avenue. 


Yours  truly, 


